Le Teenchee IDPW1 

Thursday. March 22. 2018 11:59:00 AM 


J3S is a "A" license with Hernandez Engineering. 

Teenchee Le, P.E. 

San Francisco Public Works 
Project Controls and Services 
30 Van Ness 3rd Floor 
San Francisco, CA 94102 
Phone: (415) 558-4023 

From: Ngoc Ho [mailto:N.Ho@gordian.com] 

Sent: Thursday, March 22,201811:52 AM 

To: Le, Teenchee (DPW) <TeenChee.Le@sfdpw.org> 

Subject: RE: Request for Proposal for J38-01 "Cesar Chavez Bike Path - Hairball F/G" 

HiTeenchee, 

I know we have rock slabs in the C-27 Landscape CTC, but I can't find specifics on boulders. It's basically to clean and reset stones. I'll have to investigate further. J38 is a b-license though, isn't it? I was looking in an A-License. For the bronze handrails: 

© https://apps.egordian.com/ctc.aspx?detailid=9cb818fa-5bb5-421a-a6f3-0bd0e9d26340 - Google Chrome —OX 


A Secure https://apps.egordian.com/ctc.aspx7detailicl = 9cb818fa-5bb5-421a-a6f3-0bd0e9d26340 
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Currently Selected SB O » Change Catalog * 


05 00 00 00: Metals 

Showing 1 to 1 of 1 entries 


CSI I DESCRIPTION /NOTES (* = has modifiers) 

05 73 00 00-0004 Bronze Ornamental Handrail Vertical Square Bars At 6", Shaped Top Rail, Up To 42" High * 


| UOM | INSTALL | DEMO COST | 

LF $191.37 $21.02 


© Need help adding a new non-prepriced task? 


|° Type here to search 
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From: Le, Teenchee (DPW) < TeenChee.Le@sfdow.org> 

Sent: Thursday, March 22,201811:28 AM 
To: Ngoc Ho < N.Ho@gordian.com > 

Subject: FW: Request for Proposal for J38-01 "Cesar Chavez Bike Path - Hairball F/G" 

Hi Ngoc, 

Manny is out of town until Monday but do we have CTC line items for decorative landscape boulders and hand rails that are bronze? I see galvanized but didn't see bronze. 

I'll tell him to officially submit it through Gordian next time too. I think he had questions so he just sent a draft over first. 

Teenchee Le, P.E. 

San Francisco Public Works 
Project Controls and Services 
30 Van Ness 3rd Floor 
San Francisco, CA 94102 
Phone:(415)558-4023 

From: Manuel Arce I na Tn.nmnLg ilrmonoco lazi.zon l 

Sent: Thursday, March 22,201811:15 AM 

To: Le, Teenchee (DPW) < TeenChee.Leiasfdpw.org >: Froehlich, David (DPW) < David.Froehlich@sfdpw-org > 

Cc: Mariano Hernandez < ma f iarioahernandaz-enpineennp.com >: Mike Hilz < mike@hernandez-enn:neennp.com > 

Subject: RE: Request for Proposal for J38-01 "Cesar Chavez Bike Path - Hairball F/G" 

Good Morning David and Teenchee, 

Please see attached PDF copies of our DRAFT proposal for “Cesar Chavez Bike Path - Hairball F/G“. 

I have included the summaries and details both by Category and CSI for your review. We have added as many notes as possible to facilitate the review. We continue to finalize some of the pricing as we could not locate some of the items in the CSI task catalog such as bronze handrail and landscape boulders. We 
continue to coordinate with subcontractors. Items marked with »*** * under Category 2 are items we have some questions or need additional info. 

Please let us know if you have any questions or if you would like to meet to discuss. 

Thank you 


Sent: Wednesday, March 14,2018 9:12 AM 
To: Manuel Arce < manuel@momocollab.com > 

Subject: RE: Request for Proposal for J38-01 "Cesar Chavez Bike Path - Hairball F/G" 


Thanks Mannyl 




Teenchee Le, P.E. 

San Francisco Public Works 
Project Controls and Services 
30 Van Ness 3rd Floor 
San Francisco, CA 94102 
Phone:(415)558-4023 


From: Manuel Arce i ' < ~' ; - ' . :::umolo Izm z:n l 

Sent: Tuesday, March 13, 2018 4:43 PM 



































To: Le, Teenchee (DPW) < . o. r r . ; ~• .u ■ Mariano Hernandez < ir;. ; i :i■ ! ■ i i / : :^i ■ n: i [ ■ -t con > 
Cc: Froehlich, David (DPW) < David.FroehlichfilsfdDW.org> 

Subject: RE: Request for Proposal for J38-01 "Cesar Chavez Bike Path - Hairball F/G" 


Thankyou Teenchee. 

We will coordinate with our subcontractor R&S and provide the proposal by Friday. 


Sent: Monday, March 12, 2018 3:34 PM 

To: Mariano Hernandez < t :■ v . ; ’l 1 . • ■ i :r ■ • >; Manuel Arce < i I' 11 -~r :T:c:ll?r.o: 

Cc: Froehlich, David (DPW) < David.Froehlichfi1sfdow.org> 

Subject: Request for Proposal for J38-01 "Cesar Chavez Bike Path - Hairball F/G" 


Hi Mariano and Manny, 


Attached please find RFP forJ38-01 “Cesar Chavez Bike Path - Hairball F/G”. 


Your proposal is due this Friday, March 16 th . 

Please contact me with any questions or comments. 




Teenchee Le, P.E. 

Job Order Contracting (JOC) 

30 Van Ness Avenue, 3 rd Floor | San Francisco, CA 94102 | (415) 558-4023 | sfpublicworks.ore 









